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• :;.U' XSD-3052-59 


6 Hay 1959 


mmmm for 

SUBJECT 


: Audit Liaison Officer 

: Ccefaact Sc. SP-1916, Lockheed 
Aircraft Cor p ora tion 


1. Contrast So. SP-1916 is substantially complete. 

An Amendment is going to be issued to add 9222,370.00 or 
a total eaasideratlca of $814,547.08. Of ibis total $147,870.00 
will ' field support by LAC and Baird far the period 
1 Hareli 1959 to 29 Febnary i 960 , LAC indicates that they 
an to close out this contract for **>*> eosts « mg B t 

the $147,870.00. The Company states that their final cost 
statement will soon be submitted. 


25X1 


2. He we writing L 

«Rk sad listings of GPP, if any. 
taffermttffln yon will be advised. 


regarding completion of 
Upon receipt of this 


5. Sh ties of the above, it Is requested that you con- 
duct a cost and property audit and submit your report to the 
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Qonfemstisg Officer 


BFD-DD/P: 

Distr. 
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l-SP -1916 Prop Sec. 
^-Chrono 
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25 YEAR 
RE-REVIEW 
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